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DRAFT FOR DISCUSSION PURPOSES - INFORMATION AS OF 04/10/02 


Task Name 


Short Term Study: EHC (EHCJL1/01/02) 

Investigator Brochure 
Study Objectives 
Draft protocol ! Summary Plan 
Site Selection 

Agreement with CRO (protocol development) 
Protocol Development 
Final Protocol, Informed Consent 
IRB Review 

Bioenalytical Methods Set-up at MDS 
IRB Approval 
2nd Project Agreement 
Lighter T raining 
Recrvitmerrt and Screening 
Tesi Materials Available 
Data Analy&is Plan 
1 ETS Measurement 

Lease agreement (ORNL) 

' Delivery ol equipment (ORNL) 

Lease agreement (Calrtomia Analytical) 
Delivery ol equipment (California Analytical) 

-— ETS Sampling 
5^ ETS Data analysis CbLls) 

Clinical Performance 
Subject Check In 
Subject Randomization 
Study Conduct 
Subject Release 
Lab Analysis 

Analysts of Biomarkers C it? 
Data Listings to PM ,, 

Blomarker Tables- to PM t \ 

Ames Test 
Data Management 
Draft Report 
Results Available 
Final Report 
Final Results 
Ames Report 


% Complete | 

Duration | 

Start 

~ 54% 

225 days 

Thu 11/1/01 

100% 

15daya 

Thu 11/1/01 

100% 

5 days 

Thu 11/1/01 

100% 

10 days 

Thull/a-01 

100% 

15 days 

Thu 11/22/01 

100% 

32 days 

Thu .12/13/01 

100% 

52 days 

Thu 11/22/01 

100% 

0 days 

Tue 2/1 2/02 

100% 

3 days 

Mon 2/4/02 

50% 

BOdays 

Thu 11/22/01 

100% 

0 days 

Wed 2/13/02 

100% 

$ days 

Tue 2/12/02 

100% 

2 days 

Mon 2/25/02 

100% 

20 days 

Thu 2/14/02 

100% 

Odays 

Thu 2/14/02 

100% 

25 days 

Tue 2/12/02 

91% 

99 days 

Mon 12/3/01 

too% 

65 days 

Mon 12/3/01 

0% 

1 day 

Mon 3/1 f/UZ 

100% 

36 days 

Mon 12/3/01 

100% 

1 day 

Mon 3/11/02 

100% 

8 days 

Sun 3/17/02 

100% 

1 wk 

Mon 3/25/02 

0% 

2wks 

Mon 4/1/02 

100% 

11 days 

Thu 3/14/02 

100% 

1 day 

Thu 3/14/02 

160% 

Odays 

Sat 3/16/02 

100% 

8 days 

Sun 3/17/02 

100% 

Odays 

M<m3/25W2 

10% 

40 days 

Mon 3/25/02 

25% 

6 wks 

Mon 3/25/02 

0% 

1 wk 

Mon 5/6/02 

0% 

1 wk 

Mon 5/13/02 

0% 

120 days 

Mon 3/25/02 

6% 

65 days 

Mon 3/25/02 

0% 

6 wks 

Mon 6/24/02 

0% 

Odays 

Fri 8/2/02 

0% 

20 days 

Mon 8/5/02 

0% 

Odays 

Fri 8/30/02 

0% 

0 days 

Fri 9/6/02 
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Finish Predecessors 


Fri 0/6/02 
Wed 11/21/01 
Wed n/7/01 
Wed 1 1 / 21/01 3 
Wed 12/12/01 4 
Fri 1/25/02 5.4 
Fri 2/1/02 2.4 
Tue 2/12/02 T 
Wed 2/13/D2 0,2 
Wed 3/13/02 4 
Wed 2/13/02 9 
Thu 2/21/02 5 
Tue 2.26/02 
Wed 3/13 m T1 
Thu 2/14/02 
Sat 3/16/02 8 
Fri 4/12/02 
Fn 3/1/02 
Mon 3/11/02 TB 
Mon 1/21/02 
Mon 3/11/02 20 
Sun 3/24/02 19 T 21,2BSS 
P r tO/ g ft/ 0 2' 1 22 
Fri 4/12/02 23 
Mon 3/25/02 14,11,15 
Thu 3/14/02 
sat 3/16/02 
Sun 3/24/02 13 
Men 3/25/02 
Fri 5/17/02 10,25 
Fri 5/3/02 
Fri 5/10/02 31 
Fri 5/17/02 32 
Fri 9W02 28 
Fri 6/21/02 25.30SS 
Fri 6/2/02 35 
Fri 8/2/02 42 
Fri B/30/02 43 
Fri 8/30/02 44 
Fri 9/6/02 34 
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Project: Short Term2 
Date: Wed 4/10/02 


| Milestone 
Summary 

■■ Rolled Up Task 


Rolled Up Splil 
Rolled Up Milestone <£> 
Rolled Up Progress 


External Tasks j 

Project Summary ^ 

External Milestone 


J Deadline Q 


Source: https://www.industrydocuments.ucsf.edu/docs/fymx0001 































